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addendum no. 02 


to: All Plan Holders 


project name & number: Arlington Reservoir Renovations to Existing Buildings 


Bid No. 20-51 

prepared by: Bargmann Hendrie + Archetype, Inc. 
Thomas A. Scarlata, CSI, CCS, CCCA, AIA 
Principal 

date: December 11, 2020 


This Addendum forms part of the Contract Documents and modifies the original Documents November 25, 
2020 and Addendum No. 01 Dated December 7, 2020 This addendum includes 1 page and 1 attachment. 


Attachment: Filed Sub-bid Results Addendum No. 02 Attachment. 


Information Available to Bidders: 
FILED SUB BID RESULTS 


Filed sub-bids were received on Wednesday December 9, 2012 and recorded on the attached page. 
Please note that Painting and Roofing scopes have been assigned to the General Contractor. 
CHANGES TO PROJECT MANUAL: 

Invitation to Bid: Page 2 


Change Date of General Bid to 11 AM, Wednesday December 23: 2020. 


FORM FOR THE GENERAL BID 


Under Item 2, do not use Section 070001 Roofing & Flashing or Section 099900- Painting. These 
Classes of Work have been assigned to the General Contractor. 


END OF ADDENDUM NO. 02 
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Bid #20-51 





Arlington Reservoir Renovations to E 


xisting Building 


Addendum No. 2 
Attachment 





Filed Sub-Bids 











Homer Contracting, Inc. 


Base Bid 


$20,000.00 


Restrictions 


May only be used by 
Homer Contracting 





No unrestricted bids received; General Contractor shall carry this scope in the General Bid. 


Kneeland Plumbing & Heating, Inc. 





$99,000.00 














Glionna Plumbing, Heating & 
Services, Inc. 


Hub Electric, Inc. 


$102,000.00 





$42,125.00 














Lantern Light & Electric, Inc. 


$43,623.00 





Megco Electric Corp. 


$46,400.00 





MV Electrical Contractors, Inc. 


$47,815.00 





Brite Lite Electrical Co., Inc. 


Masonry 


Homer Contracting, Inc. 


$56,685.00 





$45,000.00 











May be used by any GC 
Except: GTC, Grace 
Thornton Co., Picard 

Construction 


May only be used by 
Homer Contracting 





Eagle Point Builders, Inc. 


$62,590.00 


May only be used by Eagle 
Point Builders, Inc. 





Chapman Waterproofing Co. 


$88,500.00 





Northern Contracting Corp. 


$115,100.00 


May only be used by: 
Northern Contracting 
Corp. 





Contracting Specialists, Inc. 


139,100.00 


May be used by any GC 
Except: GVW 





Folan Waterproofing & Constr. Co., 
Inc. 


$147,900.00 





P.J. Spillane Co., Inc. 


Roofing & Flashing 


$149,000.00 

















No bids received; General Contractor shall carry this scope in the General Bid. 





